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BILL NO. S-77-12- 


SPECIAL ORDINANCE NO. S-_ 

AN ORDINANCE approving contracts with 
Weigand Construction Co., Inc., Shambaugh 
& Son, Inc., Havel Bros., Inc., for the 
Humane Shelter. 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF 
FORT WAYNE, INDIANA; 

SECTION 1. That the contract dated November 21, 1977, 
between the City of Fort Wayne, by and through its Mayor and 
the Board of Public Works and Weigand Construction Co., Inc., 
for: 

The general construction work for the remodeling 
of and the additions to the Fort Wayne Humane 
Shelter, 2225 Dwenger Ave., Fort Wayne, Indiana. 

for a total cost of $225,548.00, all as more particularly set 
forth in said contract which is on.file in the Office of the 
Board of'Public Works and is by reference incorporated herein, 
made a part hereof and is hereby in all things ratified, con¬ 
firmed and approved. 

SECTION 2. That the contract dated November 21, 1977, 

between the City of Fort Wayne, by and through its Mayor and 

the Board of Public Works and Shambaugh. & Son, Inc., for: 

The mechanical construction work for the re¬ 
modeling of and the additions to The Fort Wayne 
Huamne Shelter, 2225 Dwenger Ave., Fort Wayne, Indiana. 

for a total cost of $95,118.00, all as more particularly set 
forth in said contract which is on- file in the Office of the 
Board of Public Works and is by reference incorporated herein, 
made a part hereof and is hereby in all things ratified, confirm¬ 
ed and approved. 

SECTION 3. That the contract, dated November 21, 19 77, 

between the City of Fort Wayne, by and through ;its Mayor and the 

Board of Public Works and Havel Bros., Inc., for; 

The electrical construction work for the remodeling 
of and the additions to The Fort Wayne Humane Shelter 
2225 Dwenger Ave., Fort Wayne, Indiana. 
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for a total cost of $25,588.00, all as more partiuclarly set 
forth in said contract which is on file in the Office of the 
Board of Public Works and is by reference incorporated herein, 
made a part hereof and is hereby in all things ratified, con¬ 
firmed and approved. 

SECTION 4. This Ordinance shall be in full force 
and effect from and after its passage and approval by the Mayor. 


Co uiitj J-J.iiia.il 










Read the first time in full and on motion by 


, seconded by 


_and duly adopted, read the second time by title and referred to the 

Committee on _(and Thri!:try^lBxreommission for 


reconmrerniEtlonT and“Public Hearing to be held after due legal noticeTat‘the Council Chambers, 

Citv-CbtmiT~B^ld:in^TbH'lVayne7indiana~r6ri ... — rthe — ----- -^day 

of ' , 19-^ at 


o'clock 


M. .E.S.T. 


DATE; y/"'^7 


Read the third time in full and on motion by 
S 



seconded by , 

PASSED -(g^^) by the following vote: 

AYES NAYS 

TOTAL VOTES 6^ ^ 

and duly adopted, placed on its passage. 

ABSTAINED ABSENT TO-WIT: 

BURNS 

iX 



HINGA 

K 



HUNTER 

£< 



MOSES 



< 

NUCKOLS 




SCHIVIIDT, D. 

-- 


_ J>C . 

SCHMIDT. V. 



X 

STIER 

X. 



TALARICO 

X 



DATE: 

7 - 7 -^ 



CITY CLERK 

Passed and adopted by the Common Council of the City of Fort Waytie, Indiana, as 

(SPECIAL) (APFROPRiA-ne^f) ORDINANCE 


(RBSeiiCTtafCT^o': ^j^'s^/7' o n the o? "7 d ay of 

^ L'S, 1\> ATTEST: (SEAL) 



PRIDING OFFICER 
lyor of the City of Fort Wayne, Indiana, on the 



day of 


CITY CLERK 

Approved and signed by me this day of 

at the hour of >3*3 ^ o'clock 


, 19 , 2 ^^ 







































































































S-77-12-M 


3111 


?viP03.T 0? TH5 CO^TTEE' ON . FINANCE 


Va, ycur Cccslttae on - rinsnca to whom was referred an Ordinance 

- _ approving contracts-y/fth: Wet-ciand ConstructTOn Cn.. ?nr S^mgcjug.lT-& .San., 

Inc., Havel Bros., Inc., for the Hirniane Shelter z 


\ 



FREDRICK HUHTER 


CO>iCURR^DIN 







































CONTRACT 


CITY OF FORT ^^!AYNE, INDIANA 
Contract No. 


Contract No. 


THIS CONTRACT, made tlie day of 


November 


19 77 


by and between " ' ' " istruction Co 




whose address is 1523 Summer Street, Port Wayne, Indiana 
hereinafter called the ’'Contractor", and the City of Fort Wayne, Allen 
County, Indiana, a municipal corporation, acting by and throu^ its 
Board of Public Vforks, hereinafter called the "Owner", 

WITNESSETH, that the Contractor and the Owner for the consideration 
stated herein agree as follows: 


ARTICLE I. SCOPE OF WDRK 


The Contractor shall and agrees to perform everything required to 
be performed and shall provide and furnish at its sole cost and expense 
all the labor, tools, materials, expendible equipment, transportation 
services, bonds and insurance required to perform and to corrplete in a 
workmanlike manner all the work required for the construction of: 

The c jep_gxaL..cpnstruct-iJ3n_,wo for the remodeling of and the additions to 
The 'FbFF~Wavne Humane "STtiTTeF. 2225 Dwenger Ave., Fort V/ayne, Indianao 


identified in these contractual documents as No, _ 

all in strict accordance \hth the plans and specifications and other 
contractual documents above mentioned wldch are hereby made a part of 
this contract; and the Contractor shall do everything required by this 
contract and the other documents constituting a part hereof. 


ARTICLE II, THE CONTRACT PRICE 


The Owner shall and agrees to pay to the Contractor for the 
performance of the aforementioned work as set out in Article I. hereof 
the sum of Two Hundred Fifty Five Thousand Five Hundred Forty Eight’Doll ai 
in the manner hereinafter set out, (See attached page 6 for price summary) 


AKITaE III, PAYMENTS TO CONTRACTOR 


(a) Not later than the fifteenth (15th) day of each calendar month, 
the Ot-aier will make partial payment to the Contractor on the basis of a 
duly certified approved estimate of the work perfcrraed dxxring the' 
preceding calendar month by the Contractor, but the Qwner xvLll retain 
ten (10) per cent of the amount of each estimate until final completion 
and acceptance of all work covered by this contract. 













- z - 


(b) In preparing estimates, the materials delivered on the site 
and preparatory work done may be taken into cmsideration. 

(c) All material and wrk covered by partial payments imde shall 
thereupon become the sole property of the Ovner, but this provisioi 
shall not be construed as relieving the contractor from the sole 
responsibility for the care and protection of materials and work upon 
which paymmts have been made or the restoration of any dairaged work, 
or as a VJaiver of the right of the Owner to require the fulfillaoit 
of all of the terms of the contract, 

ARTICLE IV, NOI®ISCRIMIMTION OF LABOR 
The Contractor further agrees: 

(a) That in the hiring of enployees for the perfonnance of work 
on this contract or any subcontract hereunder, neither the Contractor, 
subcontractor, nor any person acting on behalf of such Contractor or 
subcontractor, shall, ty reason of race or color, discriirdnate against 
any citizen of the State of Indiana, who is qualified and available to 
perform the Work to which the eitployment relates; 

(b) That neither the Contractor, subcontractor, nor ary person 
on his behalf, in ary manner, ’■'discriminate against or intixhidate any 
enployee hired for the performance of •work ■under this contract on 
account of race or color. 

(c) That there may be deducted from the amount payable to the 
Contractor by the City of Fort Wayne, Indiana, under this contract, a 
penalty of Five ($5.00) Dollars for each person for each calendar day 
during which such person was discriminated against or intimidated in 
■violation of the provisions of this contract; and 

(d) That this contract may be cancelled or terminated by the City 
of Fort Wayne, Indiana, and all money due or to become due hereunder 
may be forfeited for a second or any subsequent violation of the terms 

_and conditions of this section of the contract.. 

(e) The City of Fort Wayne, Indiana, the Econonic Development 
Administration, the Conptroller General of the United States, or ary of 
their duly authorized representatives shall have access to any bool<s, 
documents, p^ers, and records of the contractor rdiich are directly 
pertinent to the grant program for the purpose of making audit, exami¬ 
nation, excerpts, and transcriptions. 

The Contractor agrees to pay and also require of his subcontractors 
that tl-iey pay v;age rates on the work covered by this contract which, shall 
not be less than the prescribed scale of wages as determined pursuant 
to ‘the pro'visions of Chapter 319 of the Acts of the General Assembly of 
the State of Indiana for 1935, and all acts anendatory thereof and 
supplenental thereto, or Federal Wage Scale published by the United 
States Dq5artment of lebor pursuant to pro-visions of the Davis-Bacon 
Act, vhichever is the hipest. 


Ct) 






Ihe Contractor agrees to furnish a certificate from the Industrial 
Board of the State of Indiana, shelving that he has complied witlT. all the 
provisions of the Workmen’s Compensation Act of the State of Indiana, 

arucde V, ca^iPONEtn: pares of this ocmPAcr 

This contract consists of the following c^onent parts all of 
\ohich are as fully a part of this contract as if herein set out 
verbatim, or if not attached, as if hereto attached, 

1. Advertisement for Bids 

2. Instructions to Bidders 

3. Contractor's Bid 

4. General Specifications and Conditions 

5. Detailed Specifications and addendum 

6. Construction Drawings 

7. This Contract 

8. Application for Cut Permits into Fort Wayne Streets, County 
Roads and State Highways. 

9. EqiJdl Enplqyn^t C^ortunity Affirmative Action Program 

10. Copeland "Anti Kick Back” Act (18 U,S,C, 874) as supplemented 
in Department of Labor P^egulations (29 CTR, Part 3) . 

11. Davis-Bacon Act (40 'U,S,C, 276 a to a-7) as si^jplemented by 
Department of Lator Regulations (29 CFR, Part 5), 

12. Sections 103 and 107 of the Contract Work Hours and Safety 
Standards Act (40 U.S'.C. 327-330) as sipplanented by Depart¬ 
ment of Labor Regulations (29 CFR, Part 5). 

13. Clean Air Act of 1970 (42 U,S.C, 1857 et seq,) and the Federal 
Water Pollution Control Act (33 U,S,C. 1251 et seq.) as 
amended, 

14. Monthly Enployment Utilization Report SR 257, 

In the event that any provisions in any of the above conponent 
parts of this contract conflicts with any provision in any other of 
the conponent parts, the figured dimensions and sizes specified are to 
talce precedence over scale measurements, or should any part of the vr)rk, 
materials or apparatus be dimensioned or sized differently on different 
dracTings or different parts of the same drawings, the larger or heavier 
sizes shall take precedence, \jnless otherwise directed or corrected by 
the Engineer. 


ARTICLE VI, COMPLETION EATE 

The Contractor hereby agrees to conriBnce work under this contract 
on or before a date to be specified in witten "Notice to Proceed” of 
the O/Tner and to fully conplete the project within 'Z'lS conseaativc 
calendar days thereafter. 






ARTICLE VII, PAYMENTS BY CQNTRACTOR 

The Contractor shall pay (a) for all transportation and utility 
services not later than the 20th day of the calendar month following 
that in ^ich such services are rendered; (b) for all mate^als, tools 
and other expendible equipirent to the extent of ninety (90) per cent of 
the cost thereof, not later than the twentieth (20th) d^ of the calendar 
month following that in w^iich such materials, tools, and equipment are 
delivered at the site of the project, and the balance of the cost thereof 
not later than tiie thirtieth (30th) day following the conpletim of that 
part of the work in or on viiich such materials, tools, and equip^nt are 
incorporated or used; and (c) to each of his siibcontractors not later 
than the fifth (5th) day following each payment to the totractor,. the ■ 
respective amounts allowed the Contractor, on accoint of the ^rk ^ 

perfoniBd by his siibcontractor, to the extent of each such siibcontractor s 
interest therein. 


ARTICLE VIII, UNIT PRICES 

In the event the Owner shall require the Contractor to do additional 
v 7 ork or in the event deductions are nade from the woric required or in 
the event adjustments shall be necessary, the contractor agrees to 
perform said additional work ^d consent to said deductions and ndj^t- 
ments on the basis of the unit price set out in extractor s Bid, which 
by reference is made a part hereof as if fully set out nerein, as 
aforesaid. 


ARTICLE IX, INSURANCE AND INDEMNIFICATION 

The Contractor agrees to provide Workmen’s Ccxi^^cnsation Insurance 
and Public Liability and Property Damage Insurance under the terms and 
conditions as set forth in the General Specifications and covenants 
and agrees to hold the Owner harmless from all suits and damages as 
more specifically set out and provided in said General Specifications. 

ARTICLE X, APPROVAL OF CONTRACT (If ^plicable) 

This Contract, although executed on behalf of the Owner by its 
Mayor and by the Board of Public Works shall not be binding or obligatory 
i:g)on the Owner unless and until it shall have first been approved by 
the Comnon Council of the City of Fort Wayne and EDA, 

To each of the conditions and stipulations of this contract, the 
undersigned, each for itself, binds itself, its successors and assigns. 

IN raiNESS I'JHEPxEOF, we the foregoing named parties, hereunto set 
our hands and seals on the day and year first above witten. 





ATTEST: 



Ursula Miller, Executi-ve 

Secretary & Clerlr of tire Board 


BOARD OF PUBLIC WORKS 



-'Henry'^^J^rcnberg 

<^4^. .0 L\ 

eSibI HTLalfer, l^her 


HaSTG'^cottJjSBer 


Approved as to form and legality: 



;ilp/ Attorney 


CONTRACTOR; 

WEIGAND CONSTRUCT ION CO., INC. 


(5J 













CONTRACT SUMMARY SHEET . - WEIGAND CONSTRUCTION CO.. INC. - GENERAL.CO^STMPTION 

1. BASE BID . $298,100.00 

2. Alt. Bid G-4: Omit north & east parking areas completely (- 9,163.00) 

3. Alt. Bid G-5; Omit Euthanosia Room completely. (-13,587.00) 

4. Alt. Bid G-6A; Omit walk-in-cooler. (" ^,000.00) 

5. Alt. Bid G-6B: Omit cages and caster base. (“ 350.00) 

6. Alt. Bid G-7: Omit refrigerator & cabinets. Lounge No. 1 (- 87O.OO) 

7. Alt. Bid G-8: Omit new lockers in Room 47 & relocation of 

lockers in Room 44. . (“ 390.00; 

8. Alt. Bid G-9: Omit plaster ceiling in Rooms 37 S- 38 . (- 306.OO) 

9. Alt. Bid G-10: Omit 2 windows W-1 in Room 15 & one 

window W-6 In Room 9.. (" 3 * ) 

10 Alt. Bid G-11: Omit all finishing in Rooms 27, 28, 29, 39, 

40, 4l, 42 , 43 , 44 , 45, 46, 47, 48, 50, 51, S-52 (- 1,012.00) 

11. Alt. Bid G-12: Omit new masonry in Room 30 . (“ 324.00) 

12. Alt. Bid G-13: Change roof insulation to 1-1/16” thick (- 1,000.00) 

13. Alt. Bid G-14: Omit roof bond.. (" 300.00) 

14. Alt. Bid G-15: Deposit excavated material north of property (- 1,150.00) 

15. Delete landscape allowance. (- 

16. Reduce hardware allowance from 5,000 to 3,000 . (- 

17. Delete plaque allowance. knnnn 

18. Delete owner's construction sign allowance...... p iinn nnl 

19. Delete graphics al lowance.. - zyO.UUJ _ 

Total deduction from base bid (-42,552.00) 

General construction total $ 255,548.00 

NOTE : Owner shall have the option to reinstate the above deducted items 
for a period of 120 days after contract date. 


(6) 



















U.S. DEPARTMENT OF COMMERCE 
ECONOMIC DEVELOPMENT ADMINISTRATION 


PERFORMANCE BOND 

KNOW ALL MI;N BY THLSL PRFSLNTS: that 


Weigand ConsirucHon Company, Inc, 



(N.ainr of fontract 

or ) 


1523 Summer Sfreef, Fort Wayne, 

Indiana 46803 


(Address of Contt: 

actor) 


Corporation 



(Cotporaiiori. Parinership, or Individual) 

ft r c d Principal, and 


Federal Insurance Company 



(Name of Surety) 



New York, New York 



(Atiiltcss ii( Sutcryl 


hctcinafter ciillcti Surety, arc Iirhl and firmly bound unto 

. 

City of Fort Wayne, Indiana 

of owner) 

City - County Building^ I Main Street, Fort Wayne^ Indiana 46802 

(AdHress of Owner) 


hereinafter called Owner, in the penal sum of_ Two Hundred Fifty Five Thousa nd _ 

Five Hundred Fourty Fight DoHnre nnri nr. coirt*? _ Dollars, $( 255^548.00 ) 

in lawful money of the United States, for the payment of which sum well and truly to be made, we 
bind ourselves, our heirs, executors, administrators and successors, jointly and severally, firmly 
by these presents. 

THE CONDTTION OF THIS OBLIGATION is such that whereas, the Principal entered into a 

certain contract with the Owner, dated the 15th day of November _^ 19 7^ a 

copy of which is hereto attached and made a part hereof for the construction of: 


Construction of New Building and Remodeling of Existing Building 


for the Humane Shelter at 2225 Dwenger^ Fort Wayne^ Indiana 


NOW, THERFFORF, if the Principal shall well, truly and faithfully perform its duties, all the 
iindert.tkinp,s, covenants, terms, conditions, and agreements of said contract during the origitial 
term tlicreol, atid any exten -ions thereof which tuny he griiiitcd hy the Owner, with or witlioiit titi- 
tice to the Surety, and if he shall satisfy all claims and demai ds incurred under such contract, 
and shall fully idemnify and save harmless the Owner from all costs and damages which it may 
suffer by reason of failure to do so, and shall reimburse and repay the Owner all outlay and ex¬ 
pense which the Owner may incur in making good any default, then this obligation shall be void; 
otherwise to remain in full force nnd effect. 


(Over) 




















• (2) 


PROVIDED, FURTHER, that the said Surety, for value received hereby stipulates and agrees that 
no change, extension of time, alteration or addition to the terms of the contract or to the work to 
be performed thereunder or the specifications accompanying the same shall in any wise affect its 
obligation on this bond, and it does hereby waive notice of any such change, extension of time, 
alteration or addition to the terms of the contract or to the work or to the specifications. 

PROVIDED, FURTHER, that no final sertb ment between the Owner -.ind the fiontractor shall 
abridg.e the riglit of any beneficiary heretituler, whose claim may be unsatisfied. 

IN W! FNESS WHEREOF, this instrument is executed in six (6) counterparts, each one of which 
shall be deemed an original, this the j.^tb_day of- NoY . § . rn - ^Q !!-197Z_. 


ATTEST: 




• . ^- 41 ^ 



(Surcr^ Secretary 

1 

(SEALK 

r“'" 

Surety 


Weiqgnd Construction Company^ In c. 

Principal 



(Arl.!i<-sn> 

Fo rt Wayne, i ndiana _ 46 8 03 


Federal Insurance Company 



Lupke-Rice Assoclafes 

(Aadress) ^ ' 

P. O. Box 718, Fort Wayne, India na 46801 


(Address) 


NOTE: Date of Bond must not be prior to date of Contract. 

If Contractor is Partnership, all partners should execute bond. 


IMPORTANT: Surety companies executing bonds must appear on the Treasury Dcpartmei 
current list (Circular .'570 as nmended) an<i be authorized to tra tsnet business in the Statr 
the project is located. 




















U.5. DEPARTMENT OF 
LCONOh'iC I)l_VF.L.''r ••■.-.M- 


C:OMMr.RCF. 


PAYMENT BOND 


KNOW Al.i. Ml'N BY Tlli;SI' BlU-Sl’N lS: fh.K 

Weig and Co nstruction Company^ inc. _ ___ 

1523 Summer Street^ Fort Wayne, Indian a 46803 _ 

CA.Mrcs.s nl < (intra. lr.r) 

it_ Corpor o tion __l,.Tci(.altcr c.illd Bmu i|.al. 


and Federal Insurance Com pany_^_ 

I’N-.m- 'niii 'v ) 

New Y ork/ N ew Y ork_ 


lu.Tfinaficr callc-d Sutcty. arc hclil iiiid firmly hound unto --^--- --— 


City of Fort Wayne^ Indiana __ _:_ 

(N.tnu* ‘ 

City - County Building, I Main Street , Fort Wayne^ Indi ana 46802 

i A.ldrt-s:; ( Uvikt) 

Two Hundred Fifty Five Thousand Five Hundred Fourty Eight Dollars and no cents 

hereinafter called Owner, in the penal sum of-Hollars, $( 255 ^ 548>00 —) 

in lawful monev of the Unired States,for the payment of which .sum wi ll anti truly to he niailr-, we 
hind ourselves, our lieirs, executors, admini.strator.s and sut.c e.ssors, jointly and severally, firndy 
by the.se presents. 

THE CONniTlON OF THIS OBI.IfiATION is such that Whr-ras, the- Principal entereil into a 

certain contract with the Owner, rlated tlie...}.5th (|;,y j,f —NpyQ-, 19/_L_, a co]>y of 

which i.s hereto attached and made a part hereof for the construction of: 


Construction of New Buildin.q and Remodeling of Existing Building 

for the Humane Shelter at 2225 Dwenger^ Fort Wayne/ Indiana 


NOW, THl'Kld'ORF , if the Principal shall promptly make payment to all per.sons, firms, suheont- 
tractors, and corporations furnishing materials for or performing labor in the prosecution of the 
work provided for in such contract, and any authorized extension or modification thereof, includ¬ 
ing all amounts due for materials, lubricants, oil, gasoline, coal and coke, repairs on machinery. 
et|uipment and tools, consumed or used in connection with the construction of such work, and all 
insuiancc premiums on said work, and for all labor, performet in sm h work whelhet hv .• uheuu- 
tractor or otherwise, then this obligation shall be void; otherwise to remain in full force and ef¬ 
fect . 


(Over) 


USCOMM-C 


50629'F>72 



























PR(JV1!)I;D, tluit the .siud .surety, for value received hereby stipulates and agrees that 

no eliaiige, extension of time, alteration or addition to the terms of tlie contract or to work to be 
performed thereunder or the specifications accomjnuiying the same shall in any wise affect its ob¬ 
ligation on this bond, and it does hereby waive notice of any such change, extension of time, al¬ 
teration or addition to the terms of the contract or to the work or to the specifications. 

PKOVIDIiD, !• UKTllMK, that no final settlement between the Owner ind the Contractor shall 
abridge the light of any beneficiary hereunder, whose claim may be unsatisfied. 

IN Vt'I'J N1’;.S.S VUfhiKhiOl', this instrument is executed in six (6) counterparts, each one of which 
shall be dee lied an original, this tlie IStla day’’ of ._, IVtZ_ 



Weiq and Cons trucHon Comp any, !nc . 

rriiicipal 



1523 Summer Street 

(.■Veilin's.-.) 


Fort Wayne , Ind iana _4 6803 


Federal Insurance Company 




P. O. Box 718, Fort Wayne, Indiana 46801 


XO ih: sXue of liond n>ust not be prior to deite ol (.or.traet. 

If Con;raetor is Parciiership, all partners snould execute bond. 


IMPORTANT: ;siifily compame;. exi i niing bpinls must appe;ii on (he Ttc-asiiry I’ep.nfmeotmost 
iinreiit li:.t ((hreular 0/0 as amended) and be authorised to irati.s.ict business in the stare whore 


















POWER OF ATTORNEY 

Know all Men by these Presents, That the federal insurance company, 100 William street. New 
York, New York, a New Jersey Corporation, has constituted and appointed, and does hereby constitute and appoint 

Walter H. Lupke, Jr., Duane E. Lupke, 

Donald L. Coffey, Edvmrd R. Rice, 

Walter E. Boose, Paula VI. Schneider, 

Lowell K. Zelt, Marvin P. Martin, 
and Virginia T. Axson 
of 

Fort viayne, Indiana 


each its true and lawful Attorney-in-Fact to execute under such designation in its name and to affix its corporate seal to and 
deliver for and on its behalf as surety thereon or otherwise, bonds of any of the following classes, to-wit: 

1. Bonds and Undertakings (other than Fiduciary Bonds) filed in any suit, matter or proceeding in any Court, or filed with 
any Sheriff or Magistrate, for the doing or not doing of anything specified in such Bond or Undertaking, in which the 
penalty of the bond or undertaking does not exceed the sum of One Hundred Thousand Dollars ($100,000.00). 

2. Surety Bonds to the United States of America or any agency thereof, including those required or permitted under the 

laws or regulations relating to Customs or Internal Revenue; License and Permit Bonds or other indemnity bonds under 
the laws, ordinances or regulations of any State, City. Town, Village, Board or other body or organization, public or 
private: bonds to Transportation Companies, Lost Instrument bonds. Lease bonds. Workmen's Compensation-bonds. 
Miscellaneous Surety bonds and bonds on behalf of Notaries Public. Sheriffs. Deputy Sheriffs and similar public 
officials. . 

3. Bonds on behalf of contractors in connection with bids, proposals or contracts. , ' 


In Witness Whereof, the said FEDERAL INSURANCE company has, pursuant to its By-Laws, caused these 
presents to be signed by its Assistant Vice-President and Assistant Secretary and its corporate seal to be hereto affixed this 
1st day of January 19 


FEDERAL INSURANCE COMPANY 





George McCiellah' r ^ ' ‘ . - 
AssistantVice-President 



STATE OF NEW JERSEY 


Assistant Secretary 


County of Essex . . .. 

On this 1st day of January 19 , before me personally came Richard D. O’Connor, to me known and by me known to 

be Assistant Secretary of the FEDERAL INSURANCE COMPANY, the Corporation described in and which executed the 
foregoing Power of Attorney and the said Richard D. O'Connor being by me duly sworn, did depose and say that he is As¬ 
sistant Secretary of the FEDERAL INSURANCE COMPANY and knows the corporate seal thereof: that the seal affixed to 
the foregoing Power of Attorney is such corporate seal and was thereto affixed by authority of the By-Laws of said Com¬ 
pany and that he signed said Power of Attorney as Assistant Secretary of said Company by like authority: that he is acquainted 
with George McClellan and knows him to be Assistant Vice-President of said Company, and that the signature of said George 
McClellan subscribed to said Power of Attorney is in the genuine handwriting of said George McClellan and was thereto 
subscribed by authority of said By-Laws and in deponent’s presence. 



Acknowledged and Sworn to before me 
on the date above written. 



PATRICl.'t RYAM 

NOTARY PUBLIC OF NBV JERSEY 
My Commission Expires December 11, 19 


21-10-55 (Ed, 10-74) (NYSO) 









CITY OF SHORT HILLS ) 

> ss. 

County of Essex ) 

I, the undersigned. Assistant Secretary of the FEDERAL INSURANCE COMPANY, do hereby certify that the following is 
a true excerpt from the By-Laws of the said Company as adopted by its Board of Directors on March 11, 1953 and amended 
May 27. 1971 and that this By-Law is in full force and effect. 

“ARTICLE XVIll. 

Section 2. All bonds, undertakings, contracts and other instruments other than as above for and on 
behalf of the Company which it is authorized by law or its charter to execute, may and shall be executed 
in the name and on behalf of the Company either by the Chairman or the Vice-Chairman or the President 
or a Vice-President, jointly with the Secretary or an Assistant Secretary, under their respective designa¬ 
tions, except that any one or more officers or attorneys-in-fact designated in any resolution of the Board 
of Directors or the Executive Committee, or in any power of attorney executed as provided for in Section 
3 below, may execute any such bond, undertaking or other obligation as provided in such resolution or 
power of attorney. 

Section 3. All powers of attorney for and on behalf of the Company may and shall be executed in the 
name and on behalf of the Company, either by the Chairman or the Vice-Chairman or the President or a 
Vice-President or an Assistant Vice-President, jointly with the Secretary or an Assistant Secretary, under 
their respective designations." 

And I further certify that I have compared the foregoing copy of the POWER OF ATTORNEY with the original thereof and 
the same is a correct and true copy of the whole of said original Power of Attorney and that said Power of Attorney has not been 
revoked. 

And I further certify that said FEDERAL INSURANCE COMPANY is duly licensed to transact fidelity and surety business 
in,each'of the States of the United States of America, District of Columbia, Puerto Rico, and each of the Provinces of Canada 
. with the exception of Prince Edward Island; and is also duly licensed to become sole surety on bonds, undertakings, etc.. 






CaNTRACT 




CITZ OF FORT ^^IAYNE, INDIANA 


Contract No. 




THIS CONTRACT, irade the <P/ day of November _, 


by and between 


whose address is 137 Ch ambeau Road, Fort Wa yne, Indiana_^^- 

hereinafter callea~tFli“^’ContractoP', and the Crty or Fort \^yne, Allen 
County, Indiana, a municipal corporation, acting by ^d tbrou^ its 
Board of Public iforks, hereinafter called the "Owner”, 

WITNESSETH, that the Contractor and the Owner for the consideration 
stated herein agree as follows: 


ARTICLE I, SCOPE OF WORK 

The Contractor shall and agrees to perform everything required to 
be performed and shall provide and furnish at its sole cost and expense 
all the labor, tools, materials, expendible eq^aipment, transportation 
services, bonds and insurance required to perform and to c<^lete in a 
workmanlike manner all the work required for the construction of: 


ID work for the remodeling of and the additions to 
2225 Dwenger Ave., Fort Wayne, Indiana. 


identified in these contractual documents as Ife. ^ 

all in strict accordance x- 7 ith the plans and specitications and other 
contractual documents above mentioned which are hereby made a part ot 
this contract; and the Contractor shall do everything required by this 
contract and the other documents constituting a part nereof. 


ARTICIE II, THE CONTRACT PRICE 


The Owner shall and agrees to pay to the Contractor for the 
performance of the aforementioned v/ork as set out in Article I h^eor 
tbB sum of Nine ty Fiv e Thonsan d One Hundred Eighteen Dollars^ 
in the manner fereinafter set out,(see attached page 6 for price summary) 


ARTICLF: III, PAYMENTS TO CONTRACTOR 


(a) Not later than the fifteenth (15th) day of each calendar month, 
the Ox-ner will malce partial payment to the Contractor on the basis ot a 
duly certified approved estimate of the work performed during the _ 
preceding calendar month by the Contractor, but the Oner will retain 
ten (10) per cent of the amount of each estimate until final conpletion 
and acceptance of all vork covered by this contract. 













(b) In preparing est±mates, the. naterials delivered on the site 
and preparatory work done nay be taken into consideration, 

(c) All material and work covered by partial payments made shall 
thereupon become the sole property of the CKmez, but tlrls provision 
shall not be construed as relieving the contractor from the sole 
responsibility for the care and protection of materials and work upon 
which payments have been made or the restoration of any danaged work, 
or as a vjaiver of the right of the Owner to require the fulfillment 
of all of the terms of the contract, 

ARTICLE IV, NONDISCRMINATiai OF lABOR 
Ihe Contractor further agrees: 

(a) That in the hiring of employees for the performance of work 
on this contract or any subcontract hereunder, neither the Contractor, 
subcontractor, nor ary person acting on behalf of such Contractor or 
subcontractor, shall, by reason of race or color, discrimdnate against 
any citizen of the State of Indiana, who is qualified and available to 
perform the work to which the employment relates; 

(b) That neither the Contractor, subcontractor, nor ary person 
on his behalf, in any manner, Mis criminate against or intimidate any 
employee hired for the performance of work under this contract on 
•account of race or color. 

(c) That there may be deducted from the amount payable to the 
Contractor by the City of Fort Wayne, Indiana, under this contract, a 
penalty of Five ($5.00) Dollars for each person for each calendar day 
during which such person was discriminated against or intimidated in 
violation of the provisions of this contract; and 

(d) That this contract may be cancelled or terminated by the City 
of Fort Wayne, Indiana, and all money due or to become due hereunder 
may be forfeited for a second or any subsequent -violation of the terms 

,and ccnditions of this section of the contract. 

(e) The City of Fort Wayne, Indiana, the Economic Development 
Administration, the Comptroller General of the United States, or ary of 
their duly authorized representatives shall have access to any bool<B, 
documents, papers, and records of the contractor xhich are directly 
pertinent to the grant program for the purpose of making audit, exami¬ 
nation, excerpts, and transcriptions. 

The Contractor agrees to pay and also require of his subcontractors 
that tliey pay v/age rates on the work covered by this contract which, shall 
not be less than the prescribed scale of v/ages as determined pursuant 
to "the provisions of Chapter 319 of the Acts of the General Assembly of 
the State of Indiana for 1935, and all acts anendatoay thereof and 
supplemental thereto, or Federal Wage Scale published by the United 
States Department of Labor pursuant to pro-visions of tlie Davi.s-Bacon 
Act, Wnichever is the hi^ejst. 
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Ihe Contxactor agrees to furnish a certificate from the Industrial 
Board of the State of Indiana, showing that he has corplied mtli all the 
provisions of the Workmen’s Ccsrpensation Act of the State of Indiana, 

ARTICLE V, CdiPONEtTr PARIS OF THIS OCmRACT 

This contract coisists of the following cortponent parts all of 
vhich are as fully a part of this contract as if herein set out 
verbatiin, or if not attached, as if hereto attached, 

1. Advertisement for Bids 

2. Instructions to Bidders 

3. Contractor's Bid 

4. General Specifications and Conditions 

5. Detailed Specifications and addendum 

6. Construction Drawings 

7. This Contract 

8. Application for Cut Permits into Fort Wayne Streets, County 
Roads and State Hi^:ways. 

9. Equal Errployment Opportunity Affirmative Action Program 

10. Copeland ’’Anti Kick Back” Act (18 U,S,C, 874) as supplemented 
in Department of Labor Pagulations (29 CFR, Part 3). 

11. Davis-Bacon Act (40'U,S.C. 276 a to a-7) as sipplemented by 
Department of Labor Regulations (29 CFR, Part 5), 

12. Sections 103 and 107 of the Contract Work Hours and Safety 
Standards Act (40 U.S'.C. 327-330) as supplemented by Depart¬ 
ment of Labor l^gulations (29 CFR, Part 5). 

13. Clean Air Act of 1970 (42 U,S.C, 1857 et seq,) and the Federal 
Water Pollution Control Act (33 U,S,C. 1251 et seq.) as 
amended, 

14. Monthly Enployment Utilization Report SR 257, 

In the event that ary provisions in any of the above conponent 
parts of this contract conflicts with any provision in any other of 
the component parts, the figured dimensions and sizes specified are to 
talce precedence over scale measurements, or should any part of the \'r)fk, 
materials or apnaratus be dimensioned or sized differently on different 
drarwings or different parts of the same dra&Tings, the larger or heavier 
sizes shall take precedence, unless otherwise directed or corrected by 
the Engineer. 


ARTICLE VI, COMPLETION EATE 

The Contractor hereby agrees to commence work under this contract 
on or before a date to be specified in \^^:itten 'Notice to Proceed” of 
the avner and to fully complete the project within “XIS consecutive 
calendar days thereafter. 





ARTICLE VII, PAYMENTS BY CONTRACTOR 

The Contractor shall pay (a) for all transportation and utility 
services not later than the 20th day of the calendar month following 
that in'which such services are rendered; (b) for all materials, tools, 
and other expendible equipnent to the extent of ninety (90) per cent of 
the cost thereof, not later than the twentieth (20th) day of the calendar 
nonth following that in which such materials, tools, and equipn^t are 
delivered at the site of the project, and the balance of the cost thereof 
not later than tire thirtieth (30th) day following the conpletion of that 
part of the work in or on vhich such materials, tools, and equipment are ■ 
incorporated or used; and (c) to each of his subcontractors not later 
than the fifth (5th) day following each payment to the Contractor,, the 
respective amounts allowed the Contractor, on account of the x-rork 
perfom^d by his subcontractor, to the extent of each such subcontractor's 
interest therein. 


ARTICLE VIII, UNIT PRICES 

In the event the Owner shall require the Contractor to do additional 
work or in the event deductions are nade from the work required or in 
the event adjustments shall be necessary, the contractor agrees to 
perform said additional work and consent to said deductions and adjust¬ 
ments on the basis of the unit price set out in Contractor's Bid, which 
ty reference is nade a part hereof as if fxiLly set out herein, as 
aforesaid. 


ARTICIE IX, INSURANCE AND INDEMNIFICATOON 

The Contractor agrees to provide Workmen's Ccsgpensation Insurance 
and Public Liability and Property Damage Insurance under the terms and 
conditions as set forth in the General Specifications and covenants 
and agrees to hold the Owner harmless fran all suits and damges as 
TEore specifically set out and provided in said General Specifications. 

ARTICIE X, APPROVAL OF CONTRACT (If /qjplicable) 

This Contract, although executed on behalf of the Owner by its 
Mayor and by the Board of Public Works shall not be binding or obligatory 
upon the Owner unless and until it shall have first been approved by 
the Cofimon Council of the City of Fort Wayne and EDA, 

To each of the conditions and stipulations of this contract, the 
undersigned, each for itself, binds itself, its successors and assigns. 

IN WITNESS WHEPEOF, we the foregoing named parties, hereunto set 
our hands and seals on the day and year first above xwritten. 


ATTEST: N, 

Ursula Miller, Executive 

Secretary & Cleric of tire Board 



/JTEST: 


CONTRACTOR: 


Secretary of Corporate 


]ssr^ 


Approved as to form and legality: 

v^^ty Attom^^^ - 




SHAMBAUGH £■ SON. INC. 











CONTRACT SUMMARY SHEET. - SHAHBAUGH & SON. INC. - MECHANICAL CONSTRUCTION WORK 


1 . BASE BID . 

2. Alt. Bid P-3: Omit cabinet sink. 

ADDENDA ME-2 ITEMS 

1. Delete storm drainage in north & east parking . 

3. Delete all work for Room 25 ... 

4. Omit one new roof drain.... 

5. Delete all but two hose bibbs.... 

6. Delete changing water lines to copper.. 

7. Delete room by room return air ducts .. 

8. Change PRE-2 and related ducts ... ADD 

9. Delete sink S-1 but rough in piping in Room 1 ..... 

10. Change heating coils for AC-1 S- AC-2.. 

lOA. Delete aquastats on unit heaters. 

11. Change louvers as described..... 

12. Replace sink in Room 18 as described.. 

13. Delete Dan Foss thermostats in existing building- 

14. Delete PRE-3... 

15. Delete ductv;ork in Rooms 37 and 38.. 

16. Change sink S-4 as described... 

17. Change types of roof exhausters PRE4,PRE5 S- PRE6.... 

Total deductions from base bid 
Mechanical construction work...... 

NOTE ; 

Owner shall have the option to reinstate the above deducted,; 
for a period of 120 days after contract date. 


$109,556.00 
(-1.198.00) 

(-4,120.00) 

(-2,501.00) 
(- 150 . 00 ) 
(- 220 . 00 ) 
(-1,044.00) 
(- 2 , 000 . 00 ) 
292.00 

(- 135.00) 

(- 827.00) 

(- 120 . 00 ) 

(- 350.00) 

(- 500.00) 

(- 550.00) 

(- 220 . 00 ) 

(- 165 . 00 ) 
(- 430 . 00 ) 
(- 200 . 00 ) 

(-14,438.00) 

$ 95,118.00 

i terns 
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.. DEPARTMENT OP COMMERCE 


PAYMENT BOND 


KNCW AIJ. MI-N BY THHSH PRl-SENTS: that 

_ SHMIBAUGH MD- SON , INC.__ 

(Name- ol 

_ 137 Chambeau Road - Fort Wayne, Indiana 

(Address of Contcactorl 


_jCpjrporjL^qri_.. ___ lit-rt‘iriiift<-r tnllc-.l Prii.< ii>:<l, 

(r<.r|M-i.ni.M,. l-.itrp -r Ind.v, Itiall 

THE AMERICAN INSURANCE COMPANY ___ 

(Name of Surety) 

Newark, New Jersey ___ : ___ 

(Address of Surety) 


hctcipdltcr cullcil Surety, 


arc hell! aiul firmly bmmd unto 


City of Fort Wayne, Board 


_ of Public Works _ 

__ (N;,n,e of Owner) . 

Citv-CountY Building, One Main Street, Fort Wayne, Indiana __ 

(Address of Owner) 

l,„d„,,f,cr «au-d 0>V„„. in ,h,- prnal „t_ 100% of , Contr ,solars, « J---) 

in lawful money of the United States,for the payment of which sum well and truly to be made, we 
bind ourselves, our heirs, executors, administrators and successors,.jointly and severally, firmly 
by these presents. 

THF CONDITION OF THIS OBLIGATION is such that Wheras, the Principal entered into a 

certain contract with the Owner, dated the. 1 5 .th._ day of Jiovember- , 19777 , a copy of 

which is hereto attached and made a part hereof for the construction of: 

The Fort Wayne Humane Shelter _ 

_ Plumbing and HVAC _. . . 


NOW THFKI'l-OIU-: , if the Princ pal sh dl promptly .akc payment to all pers-ons, firms, subcon¬ 
tractors, and corporations furnish: mat rials for or erforminp labor in the prosecution of the 

work provided for in such contract and a ly authorize extension or modification thereof, mcUul- 
inv all amounts dne for materials, luhric nt.s, oil, fias line, coal and coke, rcpa.rs on mach.nery 
cuuipment and tools, consumed or used i,. connection with the construction of such wtirk, and all 
insurance premiums on said work, and for all Irbor, performed in such work whether by subcon- ■ 
tractor or otherwise, then this obligation shall .le void; otherwise to remain in full force and ef- ■ 
feet. ' 
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l-’UU'.'l!i'UR'rUMK, that the ;:aid surety, fur value received hereby stipulates and agrees that 
no chancre, e.x-eii.'.iun of time, alteration or addition to the terms of the contract or to wutk to be 
|•|•r^,)rmt•d thereunder or the specifications act ompatiying the same shall in any wise affect its ob- 
hgatn't! on this bond, and it does hereby waive notice of any such change, extension of time, al¬ 
teration or ad'.litton to the terms of the contract or to the work or to the specifications. 

PKOVIivIiD, I'lJKTiliiR, that no final settlement between the Owner and the Contractor shall 
abridge the right of any beneficiary hereunder, whose claim may be unsatisfied, 

IN UriNliSS UHliRfiOR, this instrument is executed in six (6) counterparts, each one of which 
shall be deemed an original, this the ,j.^y November _10 7 7 


OWAMRATTHH AAIT1 QCIV TXTO 



137 Ch ambeau Road _ Fort Wayne, Indiana 


Fort Wayne, Indiana 


THE AMERICAN INSURANCE COMPANY 




Post Office Box 1705 

^ tAdLlrc-'Cs) 


Fort Wayne, Indiana 


\01 lb I ace of Pond must not be prior to date of Ciontra/t. 

If ( untiactor is Partnership, all partners should -xecute bo .d. 


IMPOR (ANT: Surety comparues executing bonds must appear on the Treasury Department’s most 
current list (C.ircular 570 as amended) and !>e authorised to transact business in the state where 






















OMH Approval Not Reqmted 


. roRM ED024 


li.S. DEPARTMENT OF COMMERCE 
ECONOMIC DEVELOPMENT ADMINISTRATION 


PERFORMANCE BOND 


KNOW AI.L M1;N by TUHSE PMESI-NTS: that * 
SHAMBAUGH AND SON, INC. 



(Name of Contractor ) 

137 Chambeau Road - Fort Wayne, 

Indiana 46805 


(A.IJtcss of Contractor) 

Corporation 

, hereinafter called Principal, and 


(Corporation, Patm.-tship, or Individual) 

THE AMERICAN INSURANCE COMPANY 



(Name of Surety) 



_Newark, Hew Jersey ____ 

(Address of Surety) 

hereinafter called Surety, are held and firmly bound unto City of Fort Wayne, Board 

(Name 

of Public Works 

• of owner) 

City-County Building, One Main St., Fort Wayne, IN 46802 

(Address of Owner) 

hereinafter called Owner, in the penal sum of. , . 100 .'^ -:- 

__ . . _Dollars, $( _> 

in lawful money of the United States, for the payment of which sum well and truly to be made, we 
bind ourselves, our heirs, executors, administrators and successors, jointly and severally, firmly 
by these presents. 

THE CONDITION OF THIS OBLIGATION is such that whereas, the Principal entered into a 

certain contract with the Owner, dated the.l^th.^ day of _NoyeTnber__-, 197^, a 

coj>y of which is hereto attached and made a part hereof for the construction of: 

Fort Wayne Humane Shelter^ 

Plumbing & HVAC^ 




NOW, 'lin-KEl-OKi:, if the I'riiicipal sliall well, truly aiul faithfully perform its duties, all the 
undertakings, covenants, terms, conditions, and agreements of said contract during the original 
term thereof, and any extensions thereof tvhich may be granted by the Owner, with or without no¬ 
tice to the Surety, and if he shall satisfy all claims and demands incurred under such contract, 
and shall fully idemnify and save harmless the Owner from all costs and damages which it may 
suffer by reason of failure to do so, and shall reimburse and repay the Owner all outlay and ex¬ 
pense which the Owner may incur in making good any default, then this obligation shall be void; 
otherwise to remain in full force and effect. 



























PROVIDED, FURTHER, that the said Surety, for value received hereby stipulates and agrees that 
no change, extension of time, alteration or addition to the terms of the contract or to the work to 
be performed thereunder or the specifications accompanying the same shall in any wise affect its 
obligation on this bond, and it does hereby waive notice of any such change, extension of time, 
alteration or addition to the terms of the contract or to the work or to the specifications. 


PROVIDED, FURTHER, that no final settlement between the Owner and the Contractor shall 
abridge the right of any beneficiary hereunder, whose claim may be unsatisfied. 

IN Wn NE.SS U'ilEIlEOl', this instrument it; cxccuccil in six (fi) counterparts, each one of winch 
^ shall be deemed an original, this the 14th day of.—Movembe.X!-197_2— 


(Principal) Secretary 

(SEALp^i" 


SHAMBAUGH AjND SON, INC. 



Witness ns ro Principal 

137 Chambeau Read 


(Address) 

Fort Wayne, Indiana 


/ATTEST: . 

\ ; (purety) 

\(SEAL) 


THE AMERICAN INSURANCE COMPANY 
y/ Att^ia^^cy^ 


^ _ (Address) ^ 


Post Office Box 1705 

(Address) 

Fort Wayne, Indiana 


NOTE: Date of Bond must not be prior to date of Contract. 

If Contractor is Partnership, all partners should execute bond. 


IMPORTANT: Surety companies executing bonds must appear on the Treasury Department's most 
current list (Circular .570 as amended) and be authorized to transact business in the State where 
the- project is located. 


FORM EO-124 


USCOMM-OC oao28-f 






















GENiinyji. 

toe AMERICAN INSURANCE COMPANY 

KNOW ALL MEN BY THESE rilF.SF.NTS: TIkiI THI: AMEHICAH IHStinAIlCE COMPANY, a Corporation duly orfjani;:cd and exir.ling 
iiri'lf-r til': |ri',r;i o( t!ii: F.lnlo ol ;j*;w I-.T.it.-y. rind Iijvincf it,-. Hoiiic Cfli-o in llio City and County ol Sun FranciiiCJ, Catilornia. has made, 
coristiliiled and apjyjinted. rind do'.-: by these presents make, constitute and apfioint 

Kathryn J. Bcauchot, Julian M. Bowers, Harry A. Crawford, C, Parker Gee, James 0, Gilbert 
Ronald J. Harruff, Leonard B. Kocller, Thomas G, McRae, Louis A. Meneilly, Max E. Orwln, 
William L. Russell, James E. Van Dyck and Roland E, Weber, all of Fort Vlayne, Indiana - F, 

its true and lav/(ul At!ornoy(s)-in-Fact. with lull power and authority hereby co.'ilerred in its name, plctco ancT slec/fJ. to execute, scat,* 
acknov/Iedoe and deliver j. r t i ^ 

any and All bonds, undertakings, recognizances or other written oblij^a 
tions In the nature thereof, 

and to bind the Corporation thereby as fully and to the same extent as if such bonds were signed by the Prc.sidonl. scaled with the 
cor^rntc seal ol the Corporation and duly attested by its Secretary, hereby ratifying and confirming all that the said AtlorncyCs)- 
in-Kgct may do in the promises. 


t Autharilit of KrioWcni ^ts-ii 


I SrrrrtaTica, and /' 
lors. the President. < 


y Vice-Presidenl < 
) accopi legal pro 


Juthoriicd by the Boa 


of Direclors. die Choirr 
o! the ^orpoFolion. 

Section 31. Author 
evidencing their oppoi 
by any person empova 

This pjower of attorney is signed and sealed under and by the authority of the following Resolution adopted by the Board of Directors 
of THE AMERICAN INSURANCE COMPANY at a meeting duly called and held on the 28th day ol September,' 1966. and that said 
Resolution has not been amended or repealed; 

-RESOLVED, that the signature of any Vice-President, Assistant Secretary, and Resident Assistant Secretary of this Corpioration, and 
the seal of this Corpxjration may be affixed or printed on any power of attorney, on any revocation of any pov/er of attorney, or on 
any certificate relating thereto, by facsimile, and any power of attorney, any revocation o! any power of attorney, or certificate bearing 
such facsimile signature or facsitnile seal shall be valid and binding upion the Corporation." 

This power of attorney is also signed and sealed under and by authority of an Instrument ol Authority executed on the 5lh day of 
July, 1972 pursuant to Article VIII, Section 30 end 31. of the By-laws of THE AMERICAN INSURANCE COMPANY, and said Inslru- 
meril of Authority is now in full force and effect, to wit: 

••INSTRUMENT OF AUTHORITY. KNOW ALL MEN BY THESE PRESENTS; That Robert R. Scott. Assistant Vice President of this Cor- 
px>ration. is hereby vested with full power and authority to appoint and revoke Resident Assistant Secretaries or Atlorneys-in-Foct of this 
Corporation and Agents to accept legal process and make appearances for and on behalf of the Corporation under and pursuant to 
Article VIII, Section 30 and Section 31, of the By-laws of the Corporation. 

, THE AMERICAN INSURANCE COMPANY 




lAMES H. WELLS. Vice President 



THE AMERICAN INSURANCE COMPANY has caused these presents to be signed by its Assistant Vice-Presi- 
seal to be hereunto affixed this-L3-thday of-Janua r y----- 


STATE bF NEW'JERSEY 
COUNT^ 'OF ESSEX 



19 _7-7—. before me personalty come ROBERT R. SCOTT, If 


On ihis—13-th-day of- January— .... . . 

being by me duly sworn, did depose and say; that he is Assistant Vice-President of THE .AMERICAN INSUKAMCE COMPANY, the 
Corporation described in and which executed the above instrument; that ho knows the seal of said Corporation; that th.e seal affixed 
To the said instrument is such corporate seal; that it was so affixed by order of the Board of Direclors ol said Corporation and that 
he signed his.,vMnAtJ’»rt>?reto by like order. 


^?rave hereunto set my hand 


and affixed my official seal, ifie day and year herein first above written. 


/oX-' —. 

I \ 

% j 

My co:^%^sso:^^;xp:.-c,_Au^US^LLy—l-Vai.-- 

STATE OF HEW JERSEY ’ I 

COUNTY OF ESSEX 




CEHTmCATE 


I. the und.-rr.inne.YTeresa S._.Farina Assistant Secretory of THE AMElilCAM INSURANCE COMPANY, a NEW JERSEY Corporotio 
DO HEitEIiY CI:RT1FY tfi.it t!i.- Mrcctoing and attached POWER OF ATTOitt.'fiY r.uiiain;i in full force and ha.: not been r.rvoked; an ' ' 
thermoro liiol Article Vill. S-.-cl.-ms 33 luid 31 of the By-laws of tlie Corixiration. and tfi.^ Hesotutiun of tlie Board of Direclors. sol fo 
the Pov/er of Attorney cie.d Iti.j Instrument o! Authority sol forth in tfie Pov/er ol Allornoy are now in force. 


Si-gned and sealed at tfio City ol Newark. County of Essex. New Jersey. Dated Ifia 


















CONTRACT 




CITY OF FORT mYNE, INDIANA 
Contract No. 


Contract No, 



THIS CONTRACT, iTtade the Aj day of 


November _, 19 77 , 


by and between Havel Bros.j Inc^ _____ » 

vAiose address is 4711 Speedway Drive; Fort Wayne, Indiana _ 

hereinafter called the "Contractor”, and the City of Fort \-Jayne, AHET 
County, Indiana, a imanicipal corporation, acting by and throu^ its 
Board of Public iforks, hereinafter called the "Owner", 

WITNESSETH, that the Contractor and the Owner for the consideration 
stated herein agree as follows: 


ARTICLE I, SCOPE OF WDRK 


The Contractor shall and agrees to perform everything required to 
be performed and shall provide and furnish at its sole cost and expense 
all the labor, tools, materials, expendible equipment, transportation 
services, bonds and insurance required to perform and to corplete in a 
■workmanlike manner all the work required for the construction of: 

The ^e1ec]trpcaT,^jcons.t^ucJt mn^wqr^ for the remodeling of and the additions to 
The VortVayfie'^Humahe ^Sh^ltei-^ 2225 Dwenger Ave., Fort Wayne, Indiana. 


identified in these contractual documents as No, 6 41 -,_ 

all in strict accordance with the plans and specifications and other 
contractual documents above mentioned which are hereby itade a part of 
this contract; and the Contractor shall do everything required by this 
contract and the other documents constituting a part hereof. 


ARTICLE II, THE CONTRACT PRICE 


The Owner shall and agrees to pay to the Contractor for the 
performance of the aforementioned work as set out in Article I.hereof 
the sum of Twent y Five Thou sand Five Hundred Eighty Eight Dollars •($25, 588.00) 
in the manner hereinafter set out, (See attached page 6 for price summary) 


ARITCLE III, PAYMENTS TO CONTRACTOR 


(a) Not later than the fifteenth (15th) day of each calendar month, 
the O-jner vdll malte partial paynent to the Contractor on the basis of a 
duly certified approved estimate of the work performed during the' 
preceding calendar month by the Contractor, but the Owner X'd.ll retain 
ten (10) per cent of the airount of each estimate mtil final conpletion 
and acceptance of all v»rk covered by this contract. 
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(b) In preparing estimates, the materials delivered on the site 
and preparatory work done may be taken into consideration. 

(c) All material and work covered hy partial payments made shall 
thereT. 53 on become the sole property of the Omex, but this provisicn 
shall not be construed as relieving the contractor foan the sole 
responsibility for the care and protectix^n of materials and work vpoa 

payments have been made or the restoration of any damaged 
or as a vjaiver of the right of the Owner to require the fulfillment 
of all of the terms of the contract, 

ARTIGLE IV, NONDISCRIMINATION OF LABOR 
The Contractor further agrees: 

(a) That in the hiring of employees for the performance of work 
on this contract or any subcontract hereunder, .neitlier the Contractor, 
subcontractor, nor ary person acting on behalf of such Contractor or 
subcontractor, shall, ty reason of race or color, discriminate against 
any citizen of the State of Indiana, who is qualified and available to 
perform the work to which the enplcyment relates; 

(b) Ihat neither the Contractor, subcontractor, nor ary person 
on his behalf, in ary manner, ''discriminate against or intimidate any 
enployee hired for the performance of work under this contract on 
■account of race or color. 

(c) That there may be deducted from the amount payable to the 
Contractor by the City of Fort Wayne, Indiana, under this contract, a 
penalty of Five ($5.00) Dollars for each person for each ^lender ^y 
during which such person was discriminated against or intimidated in 
•violation of the provisions of this contract; and 

(d) That this contract may be cancelled or terminated by the City 
of Fort Wayne, Indiana, and all money due or bo become^due hereunder 
may be forfeited for a second or any siibsequent violation of the terms 

^and conditions of this section of the contract. 

(e) The City of Fort Wayne, Indiana, the Economic Development 
Administration, tlie Cociptroller General of the United States, or any of 
their duly authorized representatives shall have access to any books, 
documents, papers, and records of the contractor which are directly 
pertinent to the grant program for the purpose of making audit, exami¬ 
nation, excerpts, and transcriptions. 

Ttie Contractor agrees to pay and also require of his subcontractors 
that they pay wage xates on the work covered by this contract xdrjich shall 
not be less than the prescribed scale of vzages as determined pursuant 
to 'the provisions of Chai^ter 319 of the Acts of the General Assembly of 
the State of Indiana for 1935, and all acts aimn<^tory thereof and 
supplerrental thereto, or Federal Wage Scale published by the United 
States Department of Labor pursuant to pro’visions of die Davis-Bacon 
Act, vdiichever is the hipest. 
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Ihe Contractor agrees to furnish a certificate frcm the Industrial 
Board of the State of Indiana, showing that he has ccsrplied witli all the 
provisions of the Workmen’s Conpensation Act of t±ie State of Indiana, 

ARTICLE V, CaiPONEtn: PARIS OF THIS CONTRACT 


This contract consists of the following conponent parts all of 
\diich are as fully a part of this contract as if herein set out 
verba till, or if not attached, as if hereto attached, 

1. Advertisement for Bids 

2. Instructions to Bidders 

3. Contractor’s Bid 

4. General Specifications and Conditions 

5. Detailed Specifications and addendum. 

6. Construction Drawings 

7. This Contract 

8. Application for Cut Permits into Fort Wayne Streets, County 
Rmds and State Highways. 

9. Equal Employment C^ortunity Affirmative Action Program 

10. Copeland ’’Anti Kick Back" Act (18 U,S,C, 874) as supplemented 
in Department of Labor P^egulations (29 CFR, Part 3). 

11. Davis-Bacon Act (40 'U.S.C, 276 a to a-7) as supplemented by 
Department of Labsr Regulations (29 CFR, Part 5), 

12. Sections 103 and 107 of the Contract Work Hours and Safety 
Standards Act (40 U. S;C. 327-330) as supplemented by Depart¬ 
ment of Labor Regulations (29 CFR, Part 5). 

13. Clean Air Act of 1970 (42 U,S.C, 1857 et seq,) and the Federal 
Water Pollution Control Act (33 U,S.C. 1251 et seq.) as 
amended,. 

14. Monthly Employment Utilization Report SR 257, 


In the event that any provisions in any of the above conponent 
parts of this contract corflicts with any provision in any other of 
the conponent parts, the figured dimensions and sizes specified are to 
talce precedence over scale measurements, or should any part of the x-rork, 
materials or apparatus be dimensioned or sized differently on different 
drasnngs or different parts of the same drawings, the larger or heavier 
sizes shall take precedence, unless otherwise directed or corrected by 
the Engineer. 


ARTECIE VI, COMPLEHON DATE 

Ihe Contractor hereby agrees to commence work imder this contract 
on or before a date to be specified in written "Notice to Proceed” of 
the CX-mer and to fully complete the project within conseaative 

calendar days thereafter. 


C3) 
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ARTICLE VII, PAYMENTS BY CONTRACTOR 

The Contractor shall pay (a) for all transportation and utility 
services not later than the 20th day of the calendar month following 
that in^vdiich such services are rendered; (b) for all materials, tools, 
and other expendible equipment to the extent of ninety (90) per cent of 
the cost thereof, not later than the twentieth (20th) day of the calendar 
month following that in which such materials, tools, and equipment are 
delivered at the site of the project, and the balance of the cost thereof 
not later than the thirtieth (30th) day following the conpletion of that 
part of the work in or on \diich such materials, tools, and equipirent are 
incorporated or used; and (c) to each of his subcontractors not later 
than the fifth (5th) day following each payment bo the Contractor, the 
respective amounts allowed the Contractor, on accoiiit of the c-rork 
performed by his sxjbcontractor, to the extent of each such subcontractor's 
interest therein. 


ARTICLE VIII, UNTT PRICES 

In the event the Owner shall require the Contractor to do additional 
work or in the event deductions are made from the work required or in 
the event adjustments shall be necessary, the contractor agrees to 
perform said additional work ind consent to said deductions and adjust¬ 
ments on the basis of the unit price set out in Contractor's Bid, \diich 
by reference is made a part hereof as if fully set out herein, as 
aforesaid. 

ARTICLE IX, INSURANCE AND INDEMNIFICATION 

The Contractor agrees to provide Workmen's Caipensation Insurance 
and Public Liability and Property Damage Insurance under the terms and 
conditions as set forth in the General Specifications and covenants 
and agrees to hold the Ov^ner harmless fran all suits and damages as 
irare specifically set out and provided in said General Specifications, 

ARTICLE X, APPROVAL OF CONTRACT (If ^plicable) 

This Contract, although executed on behalf of the Owner by its 
1-feyor and by the Board of Public Works shall not be binding or obligatory 
upon the CKmev mless and mtil it shall have first been approved by 
the Ccmraon Council of the City of Fort Wayne and EDA, 

To each of the conditions and stipulations of this contract, the 
undersigned, each for itself, binds itself, its successors and assigns. 

IN WETNESS E'JHEREOF, we the foregoing named parties, hereunto set 
our hands and seals on the day and year first above written. 


(<) 


BOARD OF PUBLIC WORKS 














CONTRACT SUM.MARY SHEET - HAVEL BROS,. INC . - ELECTRICAL CONSTRUCT ION 

1. BASE BID ... $27,500.00 

ADDENDA ME-2 ITEMS 

1. Delete work in Rooms 24 and 25... 355.00) 

2. Delete work in Rooms 27 and 28... (- 135.00) 

3. Change feeder cable type. (" ^95.00) 

4. Use PVC conduit in floors.. (- 115.00) 

5. Change fixture type E... (" 200.00) 

6. Change fluorescent fixture manufacturer ... (- 500.00) 

7. Delete new fixtures in Rooms 37 and 38. (- 112.00) 

Total deductions from base bid (-1,912.00) 

Electrical construction total...... $25,588.00 

NOTE: Owner shall have the option to reinstate the above deducted items 

' for a period of 120 days after contract date. 

















PAYMENT BOND 


KN(3W ALI. MI:N BY THKSF PRESl-NTS: that 


Havel Bros., Inc. _ * 

(N.tmr Cn.iii.t, t..i) 

P.O. Box 1269, 4711 Speedway Drive. Fort Wayne, IN 46801 

(Address oF Contractor) 


a corporatio n___ 

(< I’aiti.-islui' ..r In.livi.lii.il) 

and American Insurance Company _ 

CNaint of Surety) 

_New Jersey •___ 


htTcinafter callod r»riiu:ii>:il. 


hereinafter called Surety, are held and firmly bound unto Board Of PubliC WorkS Of 


Fort Wayne 

(Nunte of Owner) 

Fort Wayne, Indiana 

(ArKlrcss of Owner) 


hereinafter called Owner, in the penal sum of_.Dollars, jSf 27,500.00 - ) 

twenty seven thousand five hundred and 00/100— 

in lawful money of the United States,for the payment of which sum well and truly to be,made, we 
bind ourselves, our heirs, executors, at ministrators and succe tsors, jointly and severally, firmly 
by these presents. 

THE CONDITION OF THIS OBLIGATION is .such that Whera: , the Principal ent red into a 

certain contract with the Owner, dated the ^ 5th of NOVOmbor __ 197_Z_, a copy of 

which is-hereto attached and madtr a part hereof for the construction of: 


electrical work for remodeling and additions to Fort Wayne Humane 
Shelter^ 


NOW, THFRIiFOKF , if the Principal sha ! promptly mahe payn tnt to ill persons, firm.s, subconi- 
tractors, and corporations furnishing; matcuals for or performinp labor in the prosecution if the 
work providcil for in such contract, mil anv authorized e tension or nioilificarion tliereof, includ¬ 
ing all amounts due for materials, I ihricaurs, oil, /'a.soli ic, coal and coke, repair;; on in.n liine-y, 
ei|ui[-imenf and tools, consumcil or uscil in connection wi li the consirlicfion of such work, and ill 
insurance premiums on said work, and for all labor, perfi rmed in such work whether by subcori- • 
tractor or otherwise, then this obligation shall be void; otherwise to remain in full force and cf- 
fect. . 


(Over) 


USCOMM-DC 
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PROVIL' r:D, f- LIRTHEK, that the said surety, for value received hereby stipulates and agrees that 
no than;:e, cx.ension of time, alteration or addition to the terms of the contract ox to work to be 
pi rformt 1 tlien under .r the specifications accompanying the same .shall in any wise affect its ob¬ 
ligation tlii; Uiiid. and ii doe.s hereby waive notice of any such change, extension of time, al¬ 

teration i.r add ion to the term.s of the contract or to tlie work or to the .spccification.s. 

PROVIDED, F^dlTHER, that no final settlement between the Owner and the Contractor shall 
abridge the rigl t of any beneficiary hereunder, whose claim may be unsatisfied. 

IN WITNESS WliEIUiOF, this instrument is executed in .six (6) counterparts, each one of which 
shall be deemed an original, this tne— 1 5t . h -day of — N . QV -- 197- 



?m W. Wayne St. 201 W. Wayne St. 

--TATiTTTTi-^- jAiUtc.ss) 

Fort Wavna. IN 46802 _ Foryjayne. IN 46802 

NOTE: Date of Rond must not be prior to date of Contract. 

If C ntractor is Partnership, all partners should execute bond. 


IMPORTANT ; Surety companies executing bonci.s mu.si appear on ti e Treasury Department’s most 
current liru ( '.ircular 570 as amended) and be authorized to transait business in the state where 
the project i: located. 

























GENEHAL 
POWER OF 

jiroRNEr AMERICAN INSURANCE COMPANY 

KNOW ALL MEN BY THESE PRESENTS: That THE AMERICAN INSURANCE COMPANY, a Corporation duly organized and existing 
under the laws ol the Slate ol New Jersey, and having its Home Ollice in the City and County ol San Francisco. Calilornia, has made, 
con.stilulad and appointed, and does by these presents make, constitute and appoint 

Arthur C. Frericka, Donald T. Belbutowski, Gerald A. Dahle, Josephine E. Stackhouse, i 
Leonard Shirley, Lane I. Ross, David J. Steffen and Helen Pyles, all of Fort Wayne, 
Indiana - EACH 


s true and lawlul Attorney(s)-in-Fc 


t, with lull power and authority hereby 


ronlerred in 


any end all bonds, undertakings, recognisances or other written obligations in the 
nature thereof 





oi'the’^merica^^^^^ rr TeftiS l^rcou^j^al'telf 




statt: or Illinois. 

COUN'TY Oh- COOK 


the AMERICAN INSURANCE COMPANY 


UO ldH^ Lu •' 


}“ 


WILLIAM W. LAUBER, 






MARY A. GlUI>ICi;, Not 


STATE or ILLINOIS, 
COUNTY or COOK 


}“ 


hthe . 15th 


77 
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U.S. DEPAnTMENT OF COMMERCE 
ECONOMIC DEVELOPMENT ADMINISTRATION 


OMn Apiiroviil Not Itciijuircti 


PERF0Ri'4ANCE BOND 


KNOW ALL MEN BY THESE PRESENTS: that * . * 

_ Havel Bros., Inc. _ ■ 

(Name of ConciDctor ) 

P.O. Box 1269, 4711 Speedway Drive, Fort Wayne, IN 46801 

(Addtess of Contraciot) 


a —- , hereinafter called Principal, and 

, (Coipotation, Paitnctship, or Individual) 

Amprican Insurance Comp any___ ’ 

(I.uinc of Surety) 

New Jersey __ 

(Address of Surety) 

hereina ter called Surety, are held and firmly bound unto Board Of PubllC WorkS Of 

(Name 

Fort Wayne, Fort Wayne, Indiana 

of ownei) 

Fort Wayne, Indiana 

(Address of Owner) 

hereinafter ct lied Owner, in the penal sum of twenty seven thousand five hundred a nd 
00/100- jjf 27,500..00— T 


in lawful money of the United States, for the payment of which sum well and truly to be made, we 
bind ourselves, our heirs, executors, administrators and successors, jointly and severally, firmly 
by these presents. 

THE CONDITION OF THIS OBLIGATION is such that whereas, the Principal entered into a 

certain contract with the Owner, dated the 1 5th day of NoVGmbpr __ 19 7 ^ . a 

copy of which is hereto attached and made a part hereof for the construction of: 


electrical work for remodeling and additions to Fort Wayne Humane 
Shelter 


NOW, TlUUtEFORE, if the Principal shall well, truly and faithfully perform its liuties, nil tlic. 
iiiKlertakiii)>s, covcnaiifs, terms, condition-., and aj>reeiiienis of said cimtrtict during the ori);m.il 
term t.hcrcuf, and any extensions tlicrcof vliiclt may he ;;iaiiteii by the Owner, with or without no¬ 
tice to the Surety, and if he shall satisfy all claims and demands incurred under such contract, 
and shall fully idemnify and save harmless the Owner from all costs and damages which it may 
suffer by reason of failure to do so, and shall reimburse and repay the Owner all outlay and ex¬ 
pense which the Owner may incur in making good any default, then this obligation shall be void; 
otherwise to remain in full force and effect. 


(Over) 
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PROVIDED, FURTHER, that the said Surety, for value received hereby stipulates and agrees that 
no change, extension of time, alteration or addition to the terms of the conuact or to the work to 
be performed thereunder or the specifications accompanying the same shall in any wise affect its 
obligation on this bond, and it does hereby waive notice of any such change, extension of time, 
alteration or addition to the terms of the contract or to the work or to the specifications. 

PROVIDED, FURTHER, that no final settlement between the Owner iuid the Contractor shall 
abridge the right of any beneficiary hereunder, whose claim may be unsatisfied. 



^"71/ vj Qjy i 

Yaste, Zent & Rye, Inc. 


AMERICAN INSURANCE COMPANY 




201 W. Wayne St. 


(Address) 

Fort Wayne, IN 46802 


(Address) 

Fort Wayne, IN 46802 


NOTE: Date of Bond must not be prior to date of Contract. 

If Contractor is Partnership, all partners should execute bond. 


IMPORTANT: Surety companies executing b(*nds must ap| car on the Tieastiry Departinent .s mot 
current list (Circular .57(1 U3 amended) and be mitht». i/ctl t< trnn.sact bus ness in the .State where 
the project is located. 


U9COMM-I 

























GENEHAL 
POWER OF 

THE AMERICAN INSURANCE COMPANY 

KNOW ALL MEN BY THESE PRESENTS: That THE AMERICAN INSURANCE COMPANY, a Corporation duly organized and existing 
under the laws t.T the State ol New Jersey, and having its Home Ollice in the City and County ol San Francisco, California, has made, 
constituted and appointed, and does by these presents make, constitute and appoint 

Arthur C. Frerlcks, Donald T. Belbutowski, Gerald A. Dahle, Josephine E. Stackhouse, 
Leonard Shirley, Lane I. Ross, David J. Steffen and Helen Pyles, all of Fort (/ayne, 
Indiana - EACH 

Its true and lawful AttoineyCsJ-in-Fact. with full power and authority hereby conlerred in its name, place and stead, to execute, seal. 

any and all bonds, undertakings, recognisances or other written obligations in the 
nature thereof 






MARY A. Giunicf:, 
My commission « 


STATE or IIJ.INOIS, 
COUNTY OF COCitK 


}“■ 


I, the uridereiqneti, He.'-.ident Assistant Secretary of THE AMERICAN INSURANCE COMPANY, a NEW JERSEY Corporation, DO HERE¬ 
BY fTTBT'lfY that tlie foregoing and attached POWER OF ATTORNEY remains in full force and has not been revoked; and furthermore 
that Article VllI, iv-rlions 30 ®id 3 1 of the By-laws of the Corporation, and the Resolution of the Board of Directors, set forth in the 


i the__J^_ 



Sa0641-TA-1-74 
















SPECIAL ORDINANCE - WEIGAND CONSTR., SHAMBAUGH & SON, INC., HAVEL BROS., INC. 
TITLE OE ORDINANCE CONTRACTS FOR FORT WAYNE HUMANE SHELTER 

DEPARTMENT REQUESTING ORDINANCE __ BOARD OF PUBLIC WORKS 

SYNOPSIS OF ORDINANCE THREE CONTRACTS ON THE FORT WAYNE HUMAI^E SHELTER 

WEIGAND CONSTRUCTION CO., INC.(GENERAL)$255,548.00 

SHAMBAUGH & SON, INC. (MECHANICAL)$95,118.00 

HAVEL BROS., INC.(ELECTRICAL)$25,588.00 


COPIES OF CONTRACTS ATTACHED 


PRIOR APPROVAL ACQUIRED NOVEMBER 22, 1977 



EFFECT OF PASSAGE PROCEED WITH GONSTRUCTION OF HUMANE SHELTER 


EFFECT OF NON-PASSAGE _ LOSS OF FUNDS 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURES, SAVINGS) $340.500. LPW RD IT F. 850,000. PF.VF.NTTF. 

SHARING 


ASSIGNED TO COMMITTEE 

































